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. SECTION F 
DELIVERIES OR PERFORMANCE 

F.1 52.252-2 CLAUSES INCORPORATED BY REFERENCE (FEB 1998). This contract 
incorporates the following clauses by reference, with the same force and effect as if they were 
given in full text. Upon request, the Contracting OfScer will make their full text available. Go 
to the Internet at: http://www.amet.gov/&r or, http^'/farsite.hill.afjnil/seaich.htm 

These addresses are subject to change. If the FAR is not available at the locations indicated 
above, use the Dept. of State Acquisition Website at http://www.statebuv.state.gov/ni to see the 
Imk to the FAR. You may also use an Internet "search engine" (e.g., Yahoo, Excite, Alta Vista, 
etc.) to obtain the latest location of the most current FAR. 

FEDERAL ACQUISITION REGULATION (48 CFR CH. 1) 

F.2 SERVICES AT FIXED MONTHLY RATES The following clauses apply for services 
provided at.a fixed monthly rate (such as meals, vehicles and communications equipment, etc., 
if included in Section B) required to be provided by the Contractor. 

52.242-15 STOP-WORK ORDER (AUG 1989) 
• 52.242-17 GOVERNMENT DELAY OF WORK (APR 1984) 

F.3 ALL OTHER SERVICES. The following clause applies to all other services provided 
und» the contract. 

. 52.242-15 STOP-WORK ORDER (AUG 1989) ALTERNATE I (APR 1984) 

F.4 PERIOD OF PERFORMANCE The performance period of this contract is &om the stait 
date in the Notice to Proceed aiid continuing for 12 months, widi four one-year options to renew. 
The initial period of performance includes any transition period au&orized under the contract 

F.5 NOTICE TO PROCEED 

F^.l. OBTAIN REQUIRED LICENSES, ETC. After receiving notice of contract award, the 
Contractor shall complete the. steps necessary to obtain all required licenses, permits, and 
insurance. See Section H for details regaiding Govonment assistance in this process. 

F.5.2 EVIDENCE OF LICENSES, ETC. The Contracting Officer shall issue a Notice to 
Proceed after ^ Contractor has provided acceptable evidence that the Contractor has obtained 
all required licenses, peimits and insurance;, and the Contractor has ditained final approval of the 
Transition Plan as described in H.9.3 . 

F.5.3 START PERFORMING. On the date established in the Notice to Proceed (a minimum 
often (10) calendar days firom the date of the Notice to Proceed, unless the Contractor agrees to 
an earlier date), the Contractor shall start performing the services required by the contract. This 
pofonnance shall conform to the Transition Plan, addrt^sed in Section H, followed by full 
perfonnance after the transition period. 

FSA RESERVED , 
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F.6 DELIVERABLES. The Contractor shall provide the following deliverables/submittals 
when required below: 





DELIVERABLE 


DUE DATE 


0) 


Licenses and permits - (H.7 and* 
L.1.3.3a(7)(ii)(B)) 


Before issuance of Notice to Proceed 
(NTP) 


(2) 


Insuriince - H.7.5 (including War- 
Hazard or DBA Insuraoce) 


Before Issuance of NTP 


(3) 


Weekly Guard Post Schedule - 
(C3.1) 


Weekly 


(4). 


Summary &idividual hivesti^on . 
(H.2 referenced within Exhibit R, 
See Number 20 below.) 


See Number 20 below. 


(5) 


Ihventoiy Reports - (H.3) 


Not later than 15 days aAer inventory 
completion 


(6) 


Transition Plan - (H.9.3) 


Before Issuance of NTP 


(7) 


Transition Fipgress Report - (H.9.3) 


Biweekly after Start Date in NTT until 
completion of transition. 


(8) 


Organization Chart- (C.3.1.4) 


1 0 days after contract award 


(9) 


E}q)losive Detector and/or X-ray 
Inspection Equipment Operation 
Reports. (C. 1.5. 10.3) 


Daily, Weekly, Monthly 


(10) 


Inspection Reports (Exhibit B) 


Daily, Weekly, Monthly 


(Ua) 


Gtiard Post Orders - new (C.1 .3.5) 


30 days after date of request 


(lib) 


Guard Post Orders - Revision or 
change to an existing order 
(CIJ.5) 


Completed within ten ( 1 0) days after 
receiving direction fiom COR/RSO 


(11c) 


Giiard Post Orders - special orders 
(CI ,3.5) 


Widiin twenty-four (24) hours 


(12) 


GEMS Report (C.l .5.7.2) 


Daily, weekly, and monthly 


(13) 


Master training program (H,5.5.1.1) 


10 days after NTP 


(14) 


Resumes of Prospective training 
instructors to the COR (H.5.5.1.3) 


10da3^afta:NTP 


(15) 


Quarterly Training Reports 
(H.5.5.1.5) 


Due 100 days after NTP issued (90 dxys 
performance, 10 days to finalize report), 
and thereafter 10 days after the end of 
each quarter for the duration of the 
contract. • 


(16) 


Training Schedule (include times, 
locations and nature of scheduled 
traming). (H.5.5.3) 


5 days pnor to die start of die training 


(17) 


hi-service special training 
fH.5.5.4.1) 


7 days prior to start of training 


(18) 


List of En^loyees and /or 
subcontractors bio-data for security . 
clearances. (H.2). 


25 days after contract award 


(19) 


£nq)loyee Forms submitted to 
Regional Security Officer and / or 
DS/IP/OPO for Vetting - (H.2) 


30 days after contract award 


m 


Yat his or her final approval (see 
Section H) RSO receives final 
package from Contractor which 
contains DS/IP/OPO ckarance plus 


Provided to RSO 10 days prior to 
employee being assigaed to guard 
duties. 
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medical certification & etc. from 
Exhibit R 




(21) 


Revised Quality Assurance Flan - 
fE.5) 


Ten (10) days after ctmtract award 


(22) 


Inspection Repents ((^lity 

Assurance) (Exhibit N) 


Weekly 


(23) 


Monthly Reports (See Note below) - 
(Exhibit N) 


7"' Day of the Month 


(24) 


Report of Damages - (Exhibit N) 


One (1) day after each occurrence 


(25) 


Report of Death, Disease, or 
Traumatic Injuiy to Employee or 

Property Damage - (H.20) 


One (1) day after each occurrence 


(26) 


Ground Maintenance Plan - (Exhibit 
N) 


Thirty (30) days after NTP issued 


(27) 


Revised Comprehensive 
Maintenance and Execution Plan - 
fExhibitN) 


ThirQr (30) days after NTP issued. 


(28) 


Collection System for Food Services 
(C.3.1.3.22) 


NTP 


(29) 


Report of Sundry Shop's cash flow, 
sales, receipts, and expenses 
(Exhibit N) 


Monthly - due the IS** of each mcmth 

reflecting the previous month's 

activities. 


(30) 


Operational support service &ilure 
notification (Exhibit N) 


Verbal - 2 hours after incident and 
written within 24 hours after incident 


(31) 


Food Operations Quality Assurance 
Reports (Exhibit 0, Section 7.7) 


Monthly including all items listed on 
Exhibit© 


(32) 


Ammunition Forecast Report 
(Exhibit D and Exhibit £) 


Quarterly 


(33) 


Ammxinition Usage Report (Exhibit 
D and Exhibit E) 


Weekly . 


(34) 


Certification Card (H.5.5.1.6) 


10 days after contract award 


(35) 


Complete required parts list for the 
USG provided vehicles (Exhibit D) 


14 days after contract award 


(36) 


Media Relati<ais Policy (update) 
(H,21.1) 


10 days after contract award and yearly 
thereafter on day I of the new opdoa 
year of the contract 


(37) 


Death/Serious bijuiy Notification 
Policy (update) (H.22) 


10 days after contract award and yearly 
thereafter on day 1 of the new option 
year of the contract 


(39) 


Repatriation and Funeral 
Arrangement Report (H.22) 


Immediately vpon incident occurrence 


(40) 


Death/Serious Injury Report (H.22) 


Immediately upon incident occurrence 


(41) 


(jeneral/Post Order incidents 
fExhibitB) 


Immediately upon incident occurrence 
and in accordance with Exhibit B 


(42) 


Update toAECA/TFAR 
Correspondence including TAA 
(Section L. 1.3.4) 


Within 10 days after contract award and 
monthly thereafter until NTP is issued. 
Due quarterly Oiereafter 


(43)- 


Weeldy Summary Report (Section 
H.23) 


Due 5 days after each weekends 


(44) 


Explosive Ordinance Detection 
(EOD) Woridng Dog Certificadon 


Due within S days of beginning 
performance 



Notes: 

(a) All days are calendar days unless othervnse noted. 
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(b) Any and all costs for the preparation, haiKiling and submission of reports and other submittals shall be 
included in the total price of the contract 

(c) Monthly Report - : The Contractor shall render a monthly report, which shall summarize observations 
resulting from providing operations and maintenance services, e.g. the difficulties or inegulaiities 
encountered, measures taken, improved conditions, repairs or services needed, recommendations, and 
other matters covered by this contract. This report shall include but not be limited to the repair, 
replacement, maintenance and inspection of the electrical, HVAC, plumbing and other mechanical 
services required to operate Camp Sullivan. The monthly repot s^iall be inrovided in a format 
acceptable to the COR, signed by an authorized representative of the Contractor, and shall be 
submitted to the COR, together with the Contractor's monthly invoice no later than the seventh day of 
each month. 

The Government shall provide the followiitg deliverables/submittals within the time frames 
identified below: 





DELIVERABLE 


DUE DATE 


(1) 


Notice to Proceed (F.5) 


After receipt of 1 and 2, above 


(2) 


Copy of COR Deagnation Letter 
(G.l.l) 


After Contract Award 


(3) 


Updated list of Government Furnished 
Property 


At Contract Award 


(4) 


Exhibit R (COR Approval Package 
checklist tailored Sot each type of 
labor required under this contract.) 


At post award conference 
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